PUBLIC WORKS (IRELAND). 



RETURN to an Order of the Honourable The House of Commons, 
dated 12 June 1800 



A RETURN “ showing the different Works which are being carried out under the Supervision of the 
Board of Public Works, Ireland, at the present Time ; the Date at which the said Works were com- 
menced; the Amount of Money already expended; the Time when the said Works are to he completed; 
and the Amount of Money remaining to be spent.” 



Works which are being carried 
on under the 

Supervision of the Board of Public Works in 
Ireland at the present Time. 


The Date on 
which each Work 
was Commenced. 


The Amount 
already 
Expended. 


The Time 
when the Works 
are to 

be Completed. 


Amount 
remaining to 
be Spent. 






£. 5 . d. 




£. S. d. 


New District Model Schools : 










Londonderry - - - 


16 January 1850 


3,224 16 3 


1 January 1861 


2,400 - - 


Newtownards ... - - 


0 January I860 


830 I 8 


1 August 1861 




Enniscorthy - 


17 Nov. • 1859 


1,434 6 11 


31 Dee. • 1860 


4,000 - - 


Sligo 


20 Dec. - 1869 


34 10 4 


1 March 1862 


7,000 - - 


Additions to District Model Schools : 






1 Sept - 1861 




Bailieborough ..... 


26 October 18S9 


314 10 10 




Clonmel - 


20 April 1859 
1* March 1860 


1,542 16 10 


1 Sept. - 1861 




Athy 


179 19 11 


1 April 1861 




New Union Model Schools : 










Monaghan - 


2 March 1860 


13 8 3 


1 June - 1861 




Newtownstewart - 


29 January 1859 


1,036 2 3 


1 Sept. - 1860 




Carrickfergua - . - . . 


28 January 1869 


0,618 2 11 


1 Sept. • 1860 




Parsonstown ..... 


16 April 1859 


1,360 1 2 






Additions to Model Agricultural Schools : 






1 August 1860 


300 - - 




16 Deo. • 1859 


... 




30 Dec. - I860 


160 - - 


1 August 1880 




Cork - 


14 Dec. - 1859 




1 August I860 




New practising schools, Dublin ... 


20 Sept. - 1858 


4,516 16 3 


1 August I860 


' 1,600 - - 


IViugs to Female Training Establishment, 


2 August 1659 


784 16 9 


31 Dec. - 1860 




Dublin. 








New ordinary literary schools, 82 in number ; 


Various periods. 








grants in aid sanctioned, amounting to 
5,8SlL 9s. lOd., being two-thirds of the 
estimated cost 

New Coast Guard Buildings : 










Clontarf - 


12 October 1869 


422 16 1 


1 Juno - 1861 




East Ferry ------ 


- 


5 18 0 


31 Dec. - 1881 


1,800 - - 


Dunmore ...... 


28 October 1850 


. 


31 March 1861 




New Landed Estates Court, offices, &c. - 


18 January 1850 


10,504 10 2 


Cannot be stated 


6,400 - - 


Additions to the Royal Hibernian Military 




1 January 1861 




School. 










Additions to the Constabulary Dep8t Barracks 


. 


. 


Cannot be stated 


20,000 - - 


New District Probate Registry Offices : 










Londonderry - 

Belfast ...... 

Waterford - 


20 May - 1860 


> 9 4 11 


81 Dec. - 1860 


3,000, - - 


Arm^h ...... 

Kingstown Harbour ..... 


1816 


J 

817,786 4 8 


- . 1861 


7,853 - - 


Donaghadee Harbour ..... 


January 1821 


160,804 14 3 


1862 




Female Convict Prison .... 


12 May - 1865 


41,944 8 6 


Cannot be stated 




Four Courts (Dublin) Extension ... 


2 August 1868 


37,218 18 1 


- ditto - 




Additions to Police Barrack at Rathmines 


IS Dec. - 1S59 


19 August 1860 





N. In the above Return no works of ordinary repair and maintenance are included, nor any works which are not 
actually in hand. 



Office of Public Works, Dublin, 
6 July 1860, 



By order, 



E. Ho^-nshy, Secretary. 
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